| Box 152 May-Jun 1888 
| 


(Copy) 

| Philadelphia, December 17th., 1887. 
Hon. Will A. Freret, Supervising Architect, 

Treasury Department, Washington,DC. 
Dear Sir:- 

In lieu of our proposal of November 30th.,1887 submitted 


| through Hon. Daniel M. Fox,Superintendent of the U. S. Mint, 


i 
| 


mit the following proposal in accordance with the verbal sug- 


Philadelphia, for Vault Linings and Doors; we respectfully sub- | 


gestions of yourself and the Superintendent of the Mint, Viz. 

We will line the Vault,in the basement of the Mint,marked | 
"B" in the diagram in your possession as follows:- 

For the floor and arched roof(where the vault is protect- 
ed by heavy Conerete and Masonry) we will use two 1/4" plates 
of Cold Rolled Boiler Iron,fastened together with 3/8" counter-— 
sunk rivets and 1/2" counter sunk screws; and we will line the | 
two sides and front,with 1/4" iron, 3/8" 5 ply Steel and Iron, 
iwelded and hardened, and 1/4" Iron (7/8" thick) fastened to- 


| gether with 3/8" counter sunk rivets and 1/2" screws; and the 
1} 


| back(the most exposed part of the vault) we will line with 





| 1/2" Cold Rolled Boiler Iron,in whole sheets, 1/2" 5 ply Steel 
| and Iron welded and hardened,laid at right angles to the Iron, | 


| breaking joints; and 1/2" Iron as above, (1 1/2" thiek) fasten- 





led together with 3/4" Hardened Chrome Steel and Iron Screws: 





All of the above to be fastened to heavy Angle Irons,at 


| 
all corners, inside and out, with 1/2" Screws and 3/4" hardened 
|Ghrome Steel and Iron Screws; the Doors to be the same as spec- 


| 


| ified in our proposal of November 30th.,1887,without a Time 





| Loek; all of which we will dcliver and set up ina workmanlike 





manner,complete and ready for use, for the sum of Five Thousand 


Dollars; 
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Under ordinary cirewnstances we would not reqendena nds 
construction for a Vault Lining for the storage of money, but 
knowing the existing emergency and the present lack of funds, 
we offer the above as the best that can be done under the cir- 
cumstancese 

If desired, we can so build the Lining,that you can at 
any future time thicken it up,without any loss or damage to 
the Lining proposed,and at a small additional coste 

The Doors proposed are in our opinion,ample for any emer- 


geney that may arise. 


Very Respectfully, 


(Signed) Farrel & Co. 
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No. 627 CHESTNUT ST. 


Prize Medals Awarded al World's Fair, London; Exposition Universelle, Paris; World's lair, New York. 


Two Medals and Diplomas Awarded at Centennial, 1876. 


(Copy ) 


Mint of the U. S. at Diiledipbes, Pa. 19,December, 1859 
Superintendents Office. 


Sirit- Farrel & Co. through their Mr. Remington,on the 17th. inst. 
handed me duplicate copies of their proposal,addressed to you,in 
relation to Vault Linings and Doors at this Mint,for my inspection 
and consideration,I have read them,and have the honor to Endorse 
the proposal for lining Vault marked "B" on ground plan of thie Mint 
and beg to say that as respects the price named,I have no opinion 
to express,not being conversant with the details of such work,and 
also to say,that a Vault lined according to the Specifications as 
therein contained, having Burglar Proof Doors and Locks; I believe 
would be perfe Steaine Burglar Proof located as the Vault proposed,ta 
Beclined is located. I beg to gay further that the necessity for 
the early completion of this Vault is pressing,as we have nearly 
reached the limit of our Storage facilitics. 
Already we have difficulty in storing Dimes,and if a 
Cnet is to be aecumulated,we cannot store it,in the absence of 
ueh accomodations as the Vault proposed would furnish,I may say 
in addition,that it is altogether desirable that parties known to 
you and identified with our City and interest,should be employed 
o do the work,emen the mechanics enployed about he Mint in such 
work should be well known to persons known to your self,if not 
personally known to you,and for reasons which will be obvious 
enough to persons having Custody of the Treasury. 
For these reasons it is to be hoped that the approval 
of Farrol & Go. if no other local artificers bid,will prove per- 
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ee 2 
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feetly reasonable in price,as I hope it will prove satisfactory in 
Specification. 


Respectfully, 
Signed,Dan'l M. Fox 
Superintendent. 
Mons iWilliam A. Freret 
Supervising Architect 
Washington, D. C. 
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[Letter One: ] 


(Copy) 


Philadelphia, 

December 17, 1887 

Hon. Will A. Freret, Supervising Architect, 
Treasury Department, Washington, D.C. 


Dear Sir: - 


In lieu of our proposal of November 30th., 1887 submitted through Hon. Daniel M. Fox, 
Superintendent of the U.S. Mint, Philadelphia, for Vault Linings and Doors; we respectfully 
submit the following proposal in accordance with the verbal suggestions of yourself and the 
Superintendent of the Mint, Viz. 


We will line the Vault, in the basement of the Mint, marked “B’ in the diagram in your 
possession as follows: - 


For the floor and arched roof (where the vault is protected by heavy Concrete and 
Masonry) we will use two 4” plates of Cold Rolled Boiler Iron, fastened together with 3/8” 
counter-sunk rivets and 4” counter sunk screws; and we will line the two sides and front, with 
Y” iron, 3/8” 5 ply Steel and Iron, welded and hardened, and 4” Iron (7/8” thick) fastened 
together with 3/8” counter sunk rivets and 2” screws; and the back (the most exposed part of the 
vault) we will line with 4” Cold Rolled Boiler Iron, in whole sheets, %” 5 ply Steel and Iron 
welded and hardened, laid at right angles to the Iron, breaking joints; and 1/2” Iron as above, (1 
Y%” thick) fastened together with #4” Hardened Chrome Steel and Iron Screws: 


All of the above to be fastened to heavy Angle Irons, at all corners, inside and out, with 
4%” Screws and %4” hardened Chrome Steel and Iron Screws; the Doors to be the same as 
specified in our proposal of November 30th., 1887, without a Time Lock; all of which we will 
deliver and set up in a workmanlike manner, complete and ready for use, for the sum of Five 
Thousand Dollars; excepting the masonry work, which will be done by the Superintendent of the 
Mint. 


Under ordinary circumstances we would not recommend this construction for a Vault 
Lining for the storage of money, but knowing the existing emergency and the present lack of 


funds, we offer the above as the best that can be done under the circumstances. 


If desired, we can so build the Lining, that you can at any future time thicken it up, 
without any loss or damage to the Lining proposed, and at a small additional cost. 


The Doors proposed are in our opinion, ample for any emergency that may arise. 


Very Respectfully, 
(Signed) Farrel & Co. 
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[Letter Two:] 
[Abstract:] Copy of letter from Dan’! M. Fox to Wm. A. Freret relative to Vault linings. 


Champion Safe Warehouse. 
Office of Farrel & Co. 


(Copy) 


Mint of the U.S. at Philadelphia, Pa. 
December 19, 1887 


Superintendent’s Office. 
Sir: - 


Farrel & Co. through their Mr. Remington, on the 17th. inst. handed me duplicate copies 
of their proposal, addressed to you, in relation to Vault Linings and Doors at this Mint, for my 
inspection and consideration, I have read them, and have the honor to Endorse the proposal for 
lining Vault marked “B” on ground plan of the Mint and beg to say that as respects the price 
named, I have no opinion to express, not being conversant with the details of such work, and also 
to say, that a Vault lined according to the Specifications as therein contained, having Burglar 
Proof Doors and Locks; I believe would be perfectly Burglar Proof located as the Vault 
proposed, to be lined is located. I beg to say further that the necessity for the early completion of 
this Vault is pressing, as we have nearly reached the limit of our Storage facilities. 


Already we have difficulty in storing Dimes, and if a stock is to be accumulated, we 
cannot store it, in the absence of such accommodations as the Vault proposed would furnish, I 
may say in addition, that it is altogether desirable that parties known to you and identified with 
our City and interest, should be employed to do the work, even the mechanics employed about 
the Mint in such a work should be well known to persons known to your self, if not personally 
known to you, and for reasons which will be obvious enough to persons having Custody of the 
Treasury. 


For these reasons it is to be hoped that the approval of Farrel & Co. if no other local 
artificers bid, will prove perfectly reasonable in price, as I hope it will prove satisfactory in 
Specification. 


Respectfully, 
Signed, Dan’! M. Fox 
Superintendent. 


Hon. William A. Freret 
Supervising Architect 
Washington, D.C. 


